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SPECIPICATION AND PROPOSAL SHEET POR VAULTS,VAULT DOORS AKD •PORK 

INCIDENTAL THERETO IN THE U.S.J~'I'.'T,DE!D/ER , COLORADO*. 

HEW BUILDING. 


TREASURY DEPARTMENT , Office of the Supervising Architect. 
Washington,D.C . September 27,1902.-SEALED PROPOSALS will be received 
at this office until 2 o’clock P.M.on the 12th day of November. 
1902,and then opened ,for the safety vaults,vault doors and work 
dental thereto in the U.S.Vint , DENVER , COLO .,( new building) 
in accordance with drawings and sps cification, copies of -.vhich may 
be had at this office at the discretion of the Supervising Archi¬ 


tect. 


James Knox Taylor, 


Supervising Architect. 


. L. A. 
.R.K. 
.5.R. 

! '.P. 


A.B. 


S.B. 

The Government frank sent 
used for the return of drawings and 
other purpose. 


to intending bidders is to be 
s re cifications and for no 




f 


Form 


No. 133. 


a ** 

treasury Jpqrartmeiit, 

office of the SUPERVISING ARCHITECT. 


SPECIFIC A T/OM for 


VAULTS, VAULT DOORS AND WORK INCIDENTAL 


THERETO IN THE U.S.MINT,DENVER, 


COLORADO (NEW BUILD DIG). 


GENERAL CONDITIONS. 

FOXIM OF PROPOSAL AND SIGNATURE. 

Proposal must be made on the blank form lie 
f' ven above, and addressed to the Supervising Arc 

7“ of »»°M e y for which the bidde r proposes to supply the materiaik 4 interlineation, alteration, or err 
specification, and the time within which lie proposes tocomnfetoth^ w ? rk required by the drawings ana this 

proposal must be signed with the full name and address of tho^biiMor *r » ftnd the unit prices called lor in proposal sheet The 
firm, with the name? and addresses in ?alToS^ name P b y ^ memW of the 

seal attached to such signature. No telegraphic proposals or tileKr iXic modific.Honfo f ^“ ’* ? or P?. ra T name ’ with the corporate 
received alter the time advertised for the open ng will be returDed unnocnC ^f^ ?*■ P ro P°? als w . lU bo considered. Proposals 

he made for the additional time required for such transmission * UD ° pened - If P ro P osal “ sent by registered mail, allowance should 

CERTIFIED CHECK. 

to the order of tlie^freasn oVth^UnU^ \n C (^the^^ 0 ^Pd , “f* 8T | me( l^ alto2 P er cent of the amount of such proposal, drawn 
any reason whatever, the bidder, afte “he o^S “fte bidT^MrawL* Vram the pr0perty of the Un >^ & if*™ 
bond required in the event of said contract beimAwarded to’him « 1 f ^“P e ^ ltl0 t n » or refuses to execute the contract and 

after the approval of the contract and bond executed by thesuccessful’biddS“ SUbmitted hy the unsu ccessful bidders will be returned 

EIGHT HOUR LAW. 

and mechanics employed upon puUic worw'thfutot^Statos^o light h^'ra in mu ° f ^ ° f laborera 

SUBCONTRACTORS. 

£&“ d 'p»« *. 

1894, which provides in substance that when a formal contract is tot far 41 ,, ’ aare i u,red b y tbo Act of Congress approveil August 13, 

before commencing such work, shall furnish the usual penal bond with good aud suffieientoln 0 1 * pub .' ( T b “ ild ‘"?’. etc M the contractor, 
such contractor will make prompt payment to all persons fumishimr him blir f m t Twith the additional obligation that 
Persons so furnishing materials or labor have a right ^SnoStt L" the P rosecution of the work, 

contract is usually let, however, and no bond taken where the umouut invoRed is le^ than l^OOO. ’ theit DS6 ' No formal 

PARTIES IN INTEREST. 

the Office of the Supervising ArchuX^Xlfte^^^ Indirectly TnUmcont^t any ™ an ? er connected with 

RIGHTS RESERVED. 

consideration before award Xcontract. d ’ tlme ^ “" plet ‘° n of work, and the competency and responsibility of bidders will receive 

waive any ^orma^e^mand’tel-ej^anyMd ^tor^^tef £™taS^tod- at pric T includ<>fi in same ; also to 

employed on the work who is unskillful or otherwise objectionable. 1 tractor to discontinue the services of any workman 

FORM OF CONTRACT. 

PROTECTION OF WORK AND MATERIALS. 

the building occupied by the Government before entire completion of his* contract. * U b rel,eved 01 a “y risk f °r that portion of 
MODIFICATIONS. 

2£SX^ ”**-*0 —>«i««sr a. 

of the contract; and the Department further reserves the right to demand addition^ security when Sdifto^ 7 com P haD . ce with the terms 
such seeunty is required. The unit prices called for in the proposaTsheetX^^^ if, mite judgment, 

or changes, if they are deemed reasonable by the Supervising Architect If deemed iinr.,LS. ‘ v of such additions, omissions 
no agreement can lie reached hy the Supervising Architect and the contractor to r b ? ^ T 0ne a PP llcahI e are given, and 

Architect shall have the right to fix [he value ofCXadiXsX tbea the Supervising 

change or for anticipated profits shall be allowed. « » or tnanges, ana no claim for damages on account of such 

PAYMENTS. 


Payments will be made as hereinafter stated. 


DELAYS. 


work s"hallXXMiX^ b "s outlie of'IVe^onSkXS fXheXt ofTll ext* aCCeptance ’ time for tbe completion of the 

rents, salaries of contingent force, and other expens es entailed n^n 

States shall be cntiUed to the fixed sum of ——- ° race, xne united 


» be entitled to one day, in addition to said stipulated time, for each^ day’s dels vThatnmv''b' 0 ° r ] n u Part 5 and that the < 

The Department, acting for the United States, reserves the right to snsnend ^nX^t 7 be P c f u ased b y the Government, 
whenever, m its opinion, it would be inexpedient to carry on said work. SUS ^ end any P 0 ^ 01 * of ^ work embraced in the contract, 
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NOTICE TO SURETlESo * • ’ 

■THE ATTENTION OP THE SURETIES * IS PARTICULARLY DIRECTED TO 
THE POLLO'WIUG CONDITIONS? ; 

* . t 


The final inspection and aooeptanoo of tho work shown by the 
drawings and specifications forming a part of th- contract shall 
not he binding or conclusive upon the United Sta.es if it shall 
subsequently appear that the contractor has wilfully or fraudulent- 
in 2£JSr°”r i ^ ollu *, lo » wlth the representative of this Department 

the United States shall hare the right , notwithstanding eue’A ilnel 
acceptance and payment,to cause the work to be properly ^performed 

at * s:facfc fry material supplied to such extent as in the opinion 
•or the Supervising Architect, my be necessary to finish the work 
in accordance with the drawings and specifications therefor at the 
c ® s _ t _ aH3d expense of the contractor and the sureties on his bond,and 
shall have the right to recover against the contractor and his 
sureteies s the cost of such work together with such other damagee as 
The United States may suffer because of the default of the contract 
or in the promises,the same as though such acceptance and final 
payment had not be en made, 

ATTENTION IS CALLED TO SECTION 21 of the Act approved June 6.1902 
which providers follows: 

"That in all. contracts entered into with the United States, 
after the date of the approval of this Act,for the construction or 
repair of any public building or public work under the control of 
the Treasury Department,a stipulation shall be inserted for liqui¬ 
dated damages for delayjand the Secretary of the Treasury is hereby 
authorized and empowered to remit the whole or aiy nart of such 
damages as in his discretion may be Just and equitable:and in all 
BUit3 hereafter commenced on any such contracts or on any bond fIv- 
connection •therev/ith. it shall not be necessary for th a United 
States,whether plaintiff or defendant,to prove actual or srecifin 
damages sustained by the ’.Government by reason of de3 avd but pur-ii 
Stipulation for liquidated damages shall be conclusive'" ?nd binding 
upon all parties” g 


0 
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PROPOSALS, 

Proposals submitted for the safety vaults,and work: incidental 
thereto in the U.S.Hint, Denver, Colorado, (new building) must be 
understood to he based upon drawings Nos. 98V, and M-32, ana 

this specification* Drawings 101 and M-12 are furnished for - 
information only. The drawings and specifications must he nit^rpr 
ed together, and all worlc shown,noted or reasonably implied m any 
though not in all must be included in the proposal. 


SPECIAL POLICE TO BIDDERS. 

J5efore submitting a proposal each bidder should visit the 
building to observe the conditions at the site of the work. He 
should, also examine the general drawings and specifications for the 
completion of the building which may be inspected at the office of 
the Superintendent of Construction,Denver, Colorado* 


BOND 


c 


Each bidder must also understand that if his proposal is 
accepted he will be required to execute a formal contract and bond 
which shall guarantee the complete fulfillment of the requirements 
of the contract. 

CHARACTER OR MATERIAL AND WORKMANSHIP. 


The material supplied must be of the best class and grade 
obtainable within the terms of this specification. 

The workmanship on each of the several parts ol this woix 
to be ofv the best class.exec uted with accuracy by skilled mechanics 
and artisans with best tools and machinery obtainable for such T .vor-.o 

All questions as to quality of materials,the proper completion 
of the work, and the defects necessary to be remedied are to be decid— 
csd by the Supervising Architect or his authorized representative* 

'PATENT RIGHTS AND INFRINGEMENTS. 


If any material or appliances furnished under this 
specificacion is covered by patents.the contrac + r ' 1 " must pay 
all royalties therefor. 


The Government will not recognize any demand, &c. ,brought oy 
any one on account of claims for infringements of patents,but will 
hold the contractor and his bondsmen strictly responsible i 
delay or cost resulting from his failure to fully protect 
Government against any patent rights. 


DAMAGE a 

The contractor will be held responsible for any damag- ^A,rVirr- 
workmen to the building or to the work of other contractors wor/fc 
within their rights. He must take all due precauaons agaim mjui, 
to his ovm or other workmen on the building^ ^ or 
cannot be held responsible for any such injuries. 

The contractor must employ and keep at the building dn. ii-g ';--- 
■progress of this work a competent English speaking 
duties shall include the laying out of all work, establishing a*. 


necessary levels. lines, &c.,in accordance with the drawings and 
specif ications, the proper care and protection of this wor.v su/ j ec c to 
to the approval of the authorized representatiTe oi the Supei \ is n.g 
Architect in charge of same. 


PERMITS, TOOLS 5 &C. 

The contractor must obtain at his own expense all necessary 
permits and comply with all regulations imposed by the municipal 
authorities. He must also furnish all tools, machinery. scaffolding ? 
blocking. shoring.&c ., required in the manufactory . delivery . erect ion 
and completion of the entire work. The work must be executed in 
such a manner as in the judgment of the Superintendent of the 
building will interfere the least with the operations of other 
contractors in the building and yet prosecuted with all reasonable 
speed. 


MRASUiJSMBJSTSo 


The contractor must verify at the building all dimensions 
given on the drawings as he will be held responsible for the correct¬ 
ness of same in the proper assembling of the several parts of the 
work. Contractor may cut away terra cotta fireproofing where 
necessary to obtain measurements subject to approval of Superintend¬ 
ent. 

SHOP DRAWINGS. 

As soon as posable after contract is awarded. complete detail 
shop drawings in quadruplicate of vaults doors, linings and all 
metal work.,must be submitted and no work referred to by 3uch drawings 
shall be done until they have been approved by the Supervising 
Architect. No shop drawings are required for doors called for 
on drawing 11-32. 

Thy approval of shop drawings refers only to the size of 
materials and design of details and does not mean that drawings 
are checked up and in no way relieves the contractor of the 
responsibility of the proper fitting of the work. 

The word "Similar" used herein and on drawings must be taken 
in the general sense and not as meaning identical; each piece must 
be worked out independently with due reference to the position it is 
to occupy. 

i?or the purpose of tests and for _ guidance in erection all 
structural material as well as all plates in vault work must be given 
distinguishing marks corresponding with shop drawings. 

V/ORK INCLUDED. 

The work consists in the construction and erection complete 
(except wiring for lighting and ducts for ventilation) of the storage 
vaults and the several vaults lette red E.R.G and M together with 
certain additions to the structural framing of building in connection 
with these vaults jail as shown on drawings 98-V and /SY— . and speci ¬ 
fied herein. 

Also furnishing and setting complete 6 doors and vestibules for — 
vaults AjB-C f D, H, K and L and doors for closet over vault A. 


-'•'ORE FOT IE THIS CO ITT PACT. 

The foundations for storage vault , the terra cotta and con¬ 
crete ’.-rails around the vaults,the principal steel framing of build- 

in*, although parts are shov/n on drawings, linings for vaults A, B-C, 
'j 4 -') 1 9-iicl L. are not. in tills contract 

time 

TIME TO COUPLETS. 

1 ' ne P r oposal must state v/hen the work can "be completed which 
muc „ "be within 18 months after approval of bond. 


V 


J 


inspection 


As soon as possible after award of contract the Supervising 
Architect must be notified as to the location of all m s «* t 

shops where tho work is to be manufactured,in order that arran/r..- 

may be made for inspection. 

All the steel and iron work will >'© subject to inspection 
by a duly authorized agent of the Government, but the Government 
reserves the right to omit the inspection of any portion 01 tn 
work at mills and shops and make such inspections after work is 
delivered at the building. 

The contractor shall at all times afford to inspectors proper 
facilities for the proper inspection of this work. 


The required test pieces mu3t be furnished by contractor free 
of expense. 

Contractors must notify inspectors when material is to be 
rolled or is to be otherwise ready for inspection. Material must no . 
be shipped without inspection unless permission be granted 
but inspection pr failure to inspect will not relieve contractor from 
furnishing material in accordance with this specification. 


The tool proof material will not be inspected in the mill but 
only in shop after hardening. 


VAULT VORK PROPER. 


After v eing inspected and accepted the material forming the ^ 
ves tibules,doors,gates and movable threshold and platform operating 
y.iochaniom must be assembled and set up in complete working order in 
the shop of the contractor for inspection as to accuracy a 2 id neatness 
of fit and -workmanship of finished machine work and ease of operation . 
of moving parts, before any paint or plaster filling is applied szccpt jn 
those parts where it is necessary before machine work can be done, 
and inspector must be duly notified. 

No material shall be painted or shipped before it has been 
inspected,accepted by the Inspector. 
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-QUALITY 03' STEEL- 

All steel must be of uniform quality,finished straight and 
smooth,free from seams, flaws or cracks,and,except where otherwise 
specified, to be medium 3teel containing not more than 0.08,/ of 
phosphorous; have an ultimate strength from 60,000 to 68,000 lbs* 
to the sq. inch, elastic limit Okjf at least 50%of the ultimate 
strength; and elongation in 8" of not less than 24j/ and a minimum 
reduction of area at fracture of 40^. 

Specimens of medium steel either cold or after being heated 
to a red heat and quenched in water,shall be capable of being bent 

through 180<> on a diameter equal to the thicknessiof the test piece 

.without showing a crack or flaw. 

s ^ ee ^ shall have an .-ultimate strength of from 50,000 
to 58,000 lbs. per sq. inch,58,% elastic limit,a reduction in 
area at fracture of at least 50/ and an elongation in 8" of 28/. 

Rivet steel shall be capable of being bent cold and flattened 
upon itself,either before or after being heated,as above specified 
for medium steel,without showing si^gns of fracture* 

Every finished piece of steel shall have the melt number 
stamped thereon not less than l'O" from the end,except materials 
shipped in wired bundles or kegs,in 7;hich case the melt number 
may be stamped on a metal tag. 

Any materials rolled 2 1/2/ light,will be rejected. 

STOCK MATERIAL. 


Steel may be taken from 3tock provided the same is free from 
rust and is shown by credible records or tests to be within all zho 
terras of this specification. Steel used for work where there is 
no appreciable stress may be passed by inspector without testo 

CAST STKSL. 


cast steal test pieces must show a tensile strength 60 POO 
to 65,000 pounds per sq.inch.elongation 10/ in 8". Bars 1" square 
shall be capable Of bending cold without fracture through an "angla 
90° over a radius not greater than 1 l/2". All castings must be 


of 


sound,free from injurious roughness,sponginess,pitting,shrinkage or 
other cracks,cavities ,<5*c., due allowance being made in dimensions 
of patterns,for shrinkage,machine work,&c. 


QUALITY OF CAST IRON. 


All castings to be of the best quality tough gray iron free 
from flaws,blow holes,cold 3huts,and other defects,cast true to 
pattern and of workmanlike finish. 

Test bars cast in sand moulds shall be capable of sustaining a 
central load of 550## on a clear span of 4’6". 

QUALITY OR HAHD153SED 3 TEEL. 

All steel shown on drawings to be 5-ply or specified as hardened 
steel will be uniformly hardened tool proof material composed of 
alternate layers of crucible steel and soft iton of the thickness 
indicated on drawing thoroughly welded together in such an order r.s 
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to give a layer of soft iron on the outer surfaces of the piece so 
built up* This material shall be capable of hardening to such a 
degree as will render it tool proof over its entire area,without 
causing a separation of the several layers composing it. 

TEST EOE KAKDETTIEG STEEL* 

T2ie principal tests for tool proof material will be for 
hard ness of plates, sliapes and. conical head ‘bolts, the former 
being tested by drilling in at least two places on each piece, 
the latter by pulling for strength of weld between hard and soft 
material (head and shank) after finishing and hardening as well 
as by drilling for hardness of head. 

The drilling to be done under heavy pressure with 1/2" 
diameter hardened, sharp twist drills to be selected by inspector 
and reground by contractor whenever requested. Conical head bolts 
to show a safe tensile strength of 10,000 lbs. per sq.in.of section 
between head and shank ’without causing rupture. 
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_WORKMANSHIP OP STRUCTURAL STEEL- 

All workmanship both m the shop and field to he first class 
in every respect,connections except as shown to he of an approved 
c tandard. 


All joints and splices of steel construction must he planed so 
as to give close and true hearings throughout, as the use of shims 
will not he permitted, and all huilt members,when same shall have 
been finished,shall he absolutely free from twists, open joints or 

other defects. 

.Edges of plates of* vault linings to be planed to fit where 
joint is exposed to view. 

Steel that lias been partially heated or bent cold must after¬ 
wards he wholly annealed,except the ends of beams after heating 
for coping. 

Connections of steel work generally shall he riveted,hut 
where it is impossible to rivet,tap screws or holts may he used, 
the nuts to he drawn up tight and the threads upset with a chisel. 

Holes for holts which trill he subject to shear shall he reamed 
after the nieces are assembled, and the holts turned to a driving 

fit- 


Holes in steel 5 / 8 " thick may he punched full size,hut where 
steel of greater thickness is used the holes must he drilled, or 
they may he punched l/8 M small and when parts are assembled,retimed 
full size. The diameter of the die shall not exceed that of the 
punch nor the diameter of the punch that of the rivet by more 
than l/l6”, and all holes mu3t he so accurately spaced that when the 
parts are assembled hot ' rivets of the proper size will enter 
without being distorted, v/here holes need enlarging it must he done 
by reaming. 

The use of drift pins is prohibited. 

The rivets shall completely fill the holes jhavs standard heads 
concentric with rivets, with full bearing on plates,and shop rivets 
be driven with a machine capable of retaining pressure after upsetting 
the rivets, except that hand riveting will he permitted where a 
machine cannot be used. Rivet heads exposed to view on inside of 
vaults to he countersunk and chipped. 

PAlHTliTG AJTJ5 7IHISHINU. 

All steel before leaving the shop,shall he cleaned of all scales, 
rust,etc., and after inspection,given one coat of paint. Where 
pieces are in contact each surface must receive one coat of paint 
before assembling. After erection all steel and iron work shall 
he given two coats; parts inaccessible after erection to he given 
three coats before. 

All planed or turned surfaces shall he given a coat of white 
lead and tallow immediately after being machined or tooled. 

The paint for structural steel shall he composed of the best 
quality red lead and pure raw linseed oil in the proportion of one 
gallon of oil to 25 lbs. of lead. 

All materials for painting must he of the best quality,delivered 
in the original packages with seals unbroken,and he mixed on the 
premises. 
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VAULT WORK PROPER 


GREJEB RALLY 




These safety vaults will have floor,ceiling and side v/alls o: : 
single thickness of steel* Vestibules and doors will be of laminated 
construction of the qualities of steel,dimensions and thickness 
shown and noted on drawings. The storage vault in basement is 
subdivided f as shown,into compartments. 


Day-gates,moyal)le platforms,thresholds,bridge plates,jamb 
shields,etc., ate to be provided substantially as specified. 

The foundation for storage vault under another contract 
will be completed in time to receive the vault construction. 

The foundation for vaults E, !?. G and M will be set on o earns, 
channels and concrete,(to De furnished by this contractor) super¬ 
imposed on the present steel frame work of floors now m P-aoe as 
shown and hereinafter specified. 

The 5 M terra cotta walls on sides of vaults are not now m 
place.but the double 4" terra cotta walls at ends of vaults are 
in place and will remain except where removal is necessary. 


1'To terra cotta work or changes therein are inducted in this 
contract except that the contractor may cut av/ay small sections oi 
terra cotta to fit his work and permit bolting,subject to approval 
of Superintendent. All such terra cotta work must be replaced by 
vault contractor. 


Contractor xfiust sc conduct his work that the walls around 
vaults may be built whenever required by Superintendent. 




.-LIKINGS OK WALLS. 

The walls, top and bottom of storage vault and vaults E. 
and X will he 1 / 2 " thick steel plates stiffened as shown, lhi 
work to bo 5 enerally riveted and tap screwed. Rivets and tap 

Workroanship as specified for 


screws counl^rsunk on inside, 
structui'al steel* 
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VESTIBULES. 


THICKNESS. 


l?or vaults K.E^G und I/.,the bottom andpack ( or in/iei door 
frame)to he li"thick,sides and top 2"thick,front(or outer door 
frame)3i"thick. Eor storage vault ,top,bottom,sides and back(or 

inner door ff- ane ) 4 "thick, T ront(or outer door f rame )S M thick. 

CO?.!POSITION. 

The walls of these vestibules will be composed of plates, 
angles and bent plates of plain" % hardened steel as noted on drawings. 


CONSTRUCTION. 

These angles and bent plates will be formed into frames and 
yokes as indicated on drawing 138 V,the outermost frames around 
outer door and the yoke at lining having solid vrelded corners,thos 3 
inside may have joints lapped or mitred and lapped,all being se¬ 
cured toget er in the manner specified and shown. 

No joints betv/een plates or plates and angles or box corners 
in any layer to be in the same plane as the joints in any other 
layer. 


All plates,angles,box corners,etc.,to be laid up in hardening 
cement and secured together and to each other with countersunk 
hardened seven-ply standard thread screws spaced centres not more 
•than 2" or less than l"frota edges nor E10re tl^an 9"av;art. Screws zO 
he set up tight ar.d plat es, et c. , to be brought into'close contact 
with each, other. 

Screws must not be in line with screws or joints or ary ad¬ 
joining layer. All screv/B to have hea.ds towards the inside of 

.vault or vestibule,no screw penetrating more than two layers , 
except wh«-re specially shown. 

Screws securing the outer layers together are to penetrate 
the outer layer to a point l/8"back from outer surface of such 
layer,screws to fill entire depth of ho j is. 
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OUTER DOORS. 


The main or outer doors of vaults and X tobeJ 

storage "vault "lnSrsi* thick* exclu8ivc r 0 Arass finishing plate 
under belt work). 


COMPOSITION. 

The la^rers composing these outer doers tc oe hardened s-csl 

and plain steel as indicated on drawings. 

CONSTRUCTION. 

The plates and angles forming these doors after "being machined 
and hardened to he laid up in approved hardening cement and secur¬ 
ed togetheras specified for vestibule construction, nach layer to 
he in one piece except those where angles are used to fora tongues • 
The layers shown as having tongues are to he made of 5 ply angles 
having their longest le# not less than 6"vide,mitred at corners,the 
Joints of these mitres to "butt absolutely tight,tne filling places 
02 tween these angles being single pieces and occupying the entire 
sr.ace between angles or"flayer may be made of one plate with edges 
flanged to form continuous tongue*all around plate. Where tongues 
occur in the plain st, eel layers( storage . vault •- only).the grooves 

^ 6 ni t b 6 b o n ^ ' ati fir s i n botr; a n i ina. jamUs 

mist be so ruade that the tonpues will be a continuous strip of 
solid metal around entire circumference of doors and jambs,the 

tongue plate* in jambs being made into frames with solid welded 
corners for that purpose. 

These tongues to be deeply serrated, lhe serrations to 3ii e 
at corner of tongues,edges of plates and sides of tongues tc be 
beveled l/lS" in 1" to absolutely fit and bear their full area cn 
corresponding edges in jambs of door openings. 

BOLT PRATES. 

The main bolt frame(around edge of door)for outer doors of 
vaults B,E,G and K to be 2i" x 5 ±" ,secured to door with l£"diam. 

( shank) conical head bolts,heads extending through and lying in 
the two plates next to and back of outer plate,shank ofbolt 


extending through inner plates and holt frame,being threaded full 
size and fitted with ornamental hexagon cap nuts. These oolzs to 
-,-e placed one on each side of each throw holt and at corners of 
frajue.The interrelate bars of these bolt frames to be if" x 3f". 

secured to inner (plain st eel)plate of doors with ^"diaineter hexa¬ 
gon head tap "bolts. 

For outer doers to at orage vault in basement the main holt 
frames null he 3±" x 3f"secured to doors with li"diameter (shank) 
conical head holts secured to door as above for other vaults and 
the intermediates will he l£" x 3i"secured to inner(plain steel) 
-elate of door with 7 / 8 ” diameter hexagon head hap holts. Joints 
between the several pieces of holt frames to he so neatly fitted 
that frames will appear to he in one solid piece. 


THROV; BOLTS. 

The holt frames of outer doers to all vaults will carry 22 
rc-or.ddouble collared throw holts arranged to throw S frant, 8 rear, 
o up and 3 down,these throw holts for vaults 3,P,G and f-"- to be 
2 •> diameter while those for a orage vault are to be 2 l/2 "diameter. 

collars l/2" x l/2" , cut from the solid. Ends towards centre cf 
doors to be turned ornamental.while the other end is to be slightly 


tapered, resting with full . bearing when door is closed upon 
incline blocks so that when bolts are thrown into locked position 
(pressure bar system being thrown off) the door cannot be withdrawn 
to a degree sufficient to permit of the introduction of fiqui-d 
■explosives in joint between door and jamb. Throw bolts to oe 
spaced equidistant from each other and properly connected to heavy 
substantial driving bars back of same and controlled from one central 
point, through approved cut gear,cams,rack, &c. , by a lever handle 
with, parts subjected to handling protected by vulcanite ,connected 
to driving bars by tapering spindle offset in thickness of door; 

LOCKS o 

The bolt work of each door to be checked by two four number 
burglar proof side shaft dial locks of the ' Yale and Towne or 
Sergeant <& Greenleaf make,so arranged that the operation of 
boch dials is necessary in order to lock and unlock door. 

The dial locks to be checked by a three movement time lock 
latest improved pattern of same make with time limit of 72 hourso 

These time locks to be contained in a bronze case with plate 
glass door front and be ao attached to door and connected with 
dial lock as not to be affected by ’ .concussion, the connecting 
link to be of such material as will not be .affected by magnetism* 

FINISH PLATE. 

Behind bolt ?;crk and between parts of bolt frames on all 
doors will ba a l/8 w thick sheet brass finish plate,secured to door 
with concealed flat head screws. This plate is not counted a part 
of the thickness of doors as noted on drawings. 

HINGES . 

These doors to be Hung on cast steel compound or crane 111nges 
‘Gooseneck Pattern" to lie between pressure bars and door, being 
of sufficient strength to carry door without springing.the vertical 
mrts being not less than 10" x 1 3/4" cross section for outer door 
to vaults E, F, G and M and 13” x 2” cross section for outer 
door of storage vault in basement. 

Hinge pins to be fitted with groove and spline to prevent 
turning,those at bearings on door to have hardened steel pintles 
arranged with suitable heavy adjust^' screws, those at bearings on 
jambs"to be ball arki roller bearing(in bracket) at bottom,and roller 
bearing (in crene) at top, rollers and balls to be large diameter 
and case hardened, with case hardened steel bushings and cones or half 
races. 

PRESSURE BARS. 

All these doors to have double earn eccentric roller bearing 
pressure bar system having a bearing upon the jamb and door at 
two points on each (right and left hand) edge; symmetrical to door, 
and independent of hinge, well proportioned to weight of door, 
operated*by beveled cut gear mounted on suitable shafts connected 
to and operated by hand wheel through worm and worn wheel, so 
arranged as to carry door in and out of jamb parallel to SaIj at 
right "angles to face of sane with sufficient force to compress 
packing making all joints absolutely liquid proof yet allowing boi ; 
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work to be thrown without difficulty* 


That part of the hand wheels and hand levers to pressure 
bar systems^s Objected to handling is to be protected with 

vulcanite* 


BPACXETS. 

The brackets on all doors and Jambs for hinges and^pressure 

bar- systems to be secured to doors and jambs w "b 1 d l-wribs 

bolts,heads lying in outer two plates orangles of ^ or ° + n 

and tap bolts as shown. The diameter (shank) of bolts for brackets 
cf pressure bar system on door of vaults P, G and M -o be no. 
less San 3 / 4 " and for hinge parts 1 l/8« , those for storage vault 
Jo L no? lets than 1" and 1 l/2" respectively,so placed as to cone 
as near the bearing parts of hinge as possible. 


GLASS DOOR* 

The bolt work,locks,&c. ,within the (main) bolt frame on ,il± 
these outer doors to be covered with a polished beveled edge plate 
glass set in a suitable steel angle frame with corners bent and 
welded, hinged to main bolt frame to swing clear of cap nuts and 


provided with a spring bolt concealed key-loch. This glass plate 
to be cushioned in frame with heavy felt between glass and ”.etal. 

bracking. 

The grooves in all jambs and doors to be packed with rubber 
and non-absorbent metalIt packing as noted on drawings of such 
thickness that serrations of tongues will cut well into it and laid 


in such a manner as will make a continuous 


strip of uniform thickness. 


Packed joints and joint between outer layer of doors and 
be liquid proof. 


jambs must 
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_INTJEH DOORS. 


Inner doors to be of thickness noted on drawings. Boors of 
vaults E, J, C, and M to be reinforced by a 1" thick lock plate. 

In all vaults the inner doors will he hung in two leaves on 
crane hinges and supplied with pressure bar system similar to that 
described above for outer door. The size and strength of colt frames 
and throw bolts,hin e es and pressure bar systems.bracket and conical 
head bolts of these doors will be in the same proportion to the 
weight of the doors as those parts on outer doors are 
except that there will be thirty-two throw bolts, twelve on left 
hand loaf and 20 on right hand leaf connected to heavy driving 
bars operated by lever handle arranged to throw -8 on sides,d on 
center,4 up and 4 down from a central point. The handle operating 
throw bolts on left hand leaf to be on inside face of door,while 
that on right hand leaf will be on . outside face of door 


connected to bolt work driving bars by tapering sp indie offset in 
lock- plate. 

The bolt work on this leaf to be checked by a single four 
number burglar proof side shaft dial lock of the Yale & Towns or 
Sargeant & Greenleaf mafce* 

The style or pattern of hinges and pressure bar systems will 
be same as that specified for outer doors except that pressure 
bar system will bo operated by ratchet lever instead of hand wheel 
and will have bearings at top and bottom on right hand side of le_t 
hand leaf in addition to those at left hand side edges. Packing 
of grooves to be sane as specified for outer doors. 

Bolt work of inner doors not to be covered by glass doors. 
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>DAY GATES. 


JONSTRTJCTIOU. 


As indicated on drawings all vaults will have day gates,of 
approved design hung in two leaves opening into vestibule. Fac h 
, ;° aave ^ continuous frar.e made of rectangular shaped bars havin'* 

l0 ^ r , intermediate horizontal bars of the same size mortised,tenoned 
tTr 0 2»i d ' into frame in such a way as riot to show when finished, 
bah ftoui l-' on r i^ Rl bar3 and '’' raBe wil1 vertically ’ 

with ornamental heads/top Tnrt“bottom ---” 8 top and hottom 
panel of brass scroll work in relief. 


— --- w W UiU 

be an ornamental 


These vertical bars to be secret ninnod to frame and inter¬ 
mediates. The left hand side of right hand leaf is to be made 
o «.n an,vie as indicated or have an angle riveted to frame to co”^r 
joint between the two leaves of gate full height of same. 

HINGES. 


+ - arts of the hinges on the gate to be solid forged in the fr:ime 

c^t uOjj and oottcm, parts on jamb to be tap screwed to same so placed 
that gate cannot be lifted off fcts bearings. Hinges to be of ball 
bearing type. 

LOCK. 


me loft hand leaf to have one 1" x 1" shoot bolt at bottom 
operated with tee handle which shall be so constructed as to be 
checked by the bolt of lock on right hand leaf when it is closed. 

" " light hand, leaf will he fitted with a spring bolt keylock so 
constructed and attached that it cannot be unlocked excent with 

m + t ey of the Ya i® f® Tovme corrugated keys set in proper lock 

■jaat-, s° arranged that when gate is closed bolt of lock will en-are 
■bolt on loft hand loaf of 8 at. and thereby present lt“ 0 S 0 T 

at tl :% sarae time locking both leaves together. All day gates to 1 
provided with substantial alarm bell arranged to ring 
automatically when gate is opened, with bell part so covered as to 
prevent possibility of muffling sound of bell. 


No two keys for the several different 


day gates to be alike. 


SIZE OF BARS. 


In day gates for vaults . E f ?, G and M, the frame is to be ‘ywoJj- 
of 1” x Z n bars with. 1" diameter round vertical bars,while in 
the day gates for storage vault the frame will be 1 1/4” x 2 l/4” 
sa.edge bars with 1 l/4 w round vartical bars. 

In lieu of this construction contractor may use stock pattern 
day gates provided they are of equivalent weight and 
security ard the design approved by the Supervising Architect. 




PARTITIONS 



As indicated on drawing Jy-V, the partitions forming compart¬ 
ments in the storage vault in basement are to be made of 3/6" pi vtcs 
reinforced with angles connected to side walls, floor and ceilin of 
vaults with angles, these partitions also acting as a support for ceil¬ 
ing and junction of plates of side walls and ceiling* The openings 
m these partitions to have gates hung in two sections (upper aiid 
lower) made with bent and welded solid continuous steel angle frames 
filled with steel bars and hand woven wire ?ietting as shown and noted 
awing, f* The central corridor to be subdivided as shown by 
to 'earh section riwt*I°t be /‘ Un8 °” Ealleable cast iron hinges, two 

with sub?t£?ti£i fTdA* ? *° d °°r ?? d Jajnb * Each sate to be fitted. - • 

ifSi-f’f 1 3 l d ?» t 5 p ^ a f d bottom, flat shoot bolts. c ontrolled 
by toe handle and locked by a key lock of the Yale & Towne 

latest improved pattern, or other make of its equal- Lock and 
tee handle to be supported on suitable lock plate. Duplicate 
currugated keys to be furnished for each different lock or set of 
locks. Keys to have metal tags numbered as required. Locks may 
required to be made all different or in sets. 
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All gates in these partitions to be provided with approved 
means whereby they may be sealed with wax or wire and lead seals 

Openings in partitions for ventilating ducts as shown and 
noted on drawing /JJf-V must be made by this contractor. 

BRIDGE PLA 1ES . 


Movable bridge plates to span the recess in the bottom of vesti 
bules to provide an unbroken floor for movement of trucks and per¬ 
mit the opening of inrer doors to be supplied for all vaults. 


The bridge plates for vaults E, F, G and K to be pivoted as 
indicated and so arranged that the weight of a person standing on 
same will be sufficient to cvercome the force of counterweight 
thereby relieving the friction of do* "A" (on counter-, j thi t, V r/ll \ 

Vrtiicn looks the -bridge plate in tlie®»dom-" positiSn ii,Cn.'^ ter' inner 
doors have been opened to clear bridge plate, it is only‘necessa^ 
to snixt the (foot) trip lever connected to the locking device of th e 
operating mechanism to allow the force of the counts rweiyht to ict 
upon the bridge plate through the horizontal arm cd nnectcd thereto 
at its rear edge,and '.lift the bridge plate to the "up" position 

after the weight of the person has been removed from same. * The 
moving of the trip lever at the same time releases the dog 3.which is 
designed to fall by gravity into position on its seat and support 
the rear edge of the bridge plate, independently of the counterwsighte 


To lower the bridge plate from the "up" position in order 
to close the inner doors,the foot trip is reversed to remove dog 
B from its seat and release dog A. This being done the weight of 
a person on bridge plate will depress same and dog A seating itself 
will lock bridge plate in down position. The mechanisn except 
foot trip to be in • duplicate as shown. The bridge plate to be 
supported at corners only on pivoted bearings so constructed that 
it may be lifted therefrom and removed from vestibule to allow 
access to mechanism underneath. The counterweights to have covered 
pockets and lead shot for adjusting weight. Adjust for weight of 
125 pounds on rear edge of bridge plate. 
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The bridge plate of sirorage vault and its operating mechanism 
is to he similarly constructed and operated, hut in lieu of being 
pivoted at one edge must rise and fall bodily. 

MOVABLE THRESHOLDS. 

Tiie cast iron movable thresholds in floor in front of the 
outer doors to vaults E, F, G and M to he arranged to operate 
in a similar manner to that just described for bridge plates in 
vest ihules,the counterweights and other parts of operating mechanism 
being placed within the space between the bottom of threshold 
plate and the ceiling of the story below,all the mechanism 

for these thresholds being concealed on the floor construction* 

The contractor to do all necessary cutting,ref itting,&c. , Oj. tne wo^lc 
now in place for the proper installation and concealing oi such 


me chan ism. 


-MOVABLE PLATFORM- 

The storage vault will Lave at entrance a movable platform 
built in floor immediately in front of entrance to vault.as indicated 

on drawing 


jliis movable platform necessitated by the vault floor being on 
t.ie same level as corridor floor of building, must be made to rise 
and fall to allow opening and closing of outer door and to maintain 

posed or n rSiiG^ P ^n-i 0rr i idor floor surface. The mechanism com- 

arranged to be operated by an electric motor controlled by a proper 
theostat (both included in this contract) and must be so arranged 
tiiat it may be operated by a hand lever should such ever become 
desa.ra._ble or necessary by the failure of the motor. Both of these 
devices or sources of power must be so arranged and connected 
with the mechanism that when one is in use the other will be 
aut omatically throw)* and locked out of service. 

JAML SHEIELSc 


There will be at the outer door jambs of all of the vaults 
'•jamb shields" which are to protect the jambs from abrasion by 
the^ trucks. These shields must be arranged to operate automatically 
with the opening and closing of the doors.by being connected 
tliereto in such a manner that when right hand inner door is opened 
the "Jamb Shields" will swing on a vertical axis to cover jambs of 
oulei door, the operation beginning at iuch a point that shield will 
clear said inner door when approaching the full open position., 

FLAPS, 


The "s^-eel flaps" shown and 
making a. co ntinuous surface 

insiais of -faults are to be swung 

1IOD13TICATTOKS. 


noted on drawing for the purpose of 
between floor outside of and that 
into and out of place by hand. 


Contractor will be permitted to modify the design for operating 
mechanism of bridge plates,thresholds,etc*, subject to the approval 
01 the Supervising Architect, Whether the form indicated or another 
be substituted contractor will be held responsible for the substantial 

dimensions of parts, ample clearances.ease of operation,accuracy 
of fit ; .etc» , and must guarantee the strength and performance of the 
mechanism as a whole. 


KIND OF MATERIAL.~ 


WROUGHT AHD ROLLED STEEL. 

The vaul-^linings, par tit ions, parts of doors and vestibules marked 
"plain steel", bolt work,bolt frames,driving bars,levers and shaft¬ 
ing, shanks of conical head bolts,day gates and glass door frames 
and hinges to be of wrought or rolled steel. 

CAST STEEL. 

H inges ,hinge bracket, cams ,gears brackets and jamb-shieldls 
to be of cast steel. 

JLADDERED STEEL. 

As indicated in details that part of the vestibules and doors 
for all vaults so noted on drawings,screws securing hardened steel 
parts together and heads of all conical head bolts to be hardened 
steel of the quality hereinbefore specified. 

CAST IRON. 

All the bridge plates in N>estibules,movable thresholds and 
curbs around sinkages in floor for same,except for storage va,ult ; 
and the buffers for outer doors,to be cast iron of the quality 
hereinbefore specified. 

BRGUZE BUSHIiTG. 

Journals or bearings for movable parts of mechanism for 
operating thresholds,bridge plates and platforms, to be lined with 
best quality hard yellow bronze. 




•MACHINE WORK. 


GENERALLY. 

All parts which are to he polished and lacquered or eleotro 
plated ‘such as throw bolts,driving bars,bolt frames,glass door 
frames .lock cases,gear covers,,. bolt heads and nuts,hinges, 
shafts, hand wheels, &c., on doors, day gates, handles.&c. jare 
to be machined all over,turned,planed,milled,ground,&c.*, as the 
case may (require. All parts to be finished in aluminum bronze paint 
to have all surfaces ground smooth to receive such finish. 

All shapes,plates,bars amd atngles to be restraightened before 

executing any machine work thereon. 

JOINTS. 


-ne edges of all plates and angles,box corners. &c. , ox doors 
ana vestibules to be planed or ground perfectly smooth and true 
so that when work is assembled all edges will have bearing against 
each other where they abut for the full thickness of the material. 


j.he joints between plates and plates and angles forming the 
outer layer ol the vestibules of all vaults to be rebated 1/2 
the thickness of the material and a perfect fit obtained on all 
three surfaces of rebate. 


HOLES. 


All holes must be drilled or may be punched l/8" small and 
tnen reamed to full size. Countersinking must be done with a 
gauged tool so that flat surface of heads of screws used in such 
holes wi Inexactly flush with face of plate,angles ,&c.,in which 
such screws are used. 'Diameter of holes not threaded 

ar ^ A^« erial m ¥ s<t not exceed diameter of screws for same more 
than i/- l 6 when finished. Holes for handle and lock spindles 

' 0 ^ olts mus t be cut and after hardening ground true 

to bevel yor such bolts and spindles. 

PROTKCTIBG HOLES. 

Ail boles threaded for screws must be well filled with fire 
cla Y before heating for hardening or otherwise working hot after 

threading and grinding is done. 

COMICAL HEAD BOLTS. 

/ conical head bolts must be turned to proper size ard bevel 

(o/o* in !'■’) and when hardened ground into holes to fit same abso¬ 
lutely liquid proof,the flat surface of lead being then (afte- 
grinding j exactly flush with surface of last plate is which li¬ 
lies. The thread on shank of these bolts must not be cui 
hardening. 


io before 


DIAMETER OF SCREWS AND RIVETS. 

~ /r,•( Unl ?*/ B otherwise noted on drawing screws or rivets securing 

in or an S les together or to other 7Jlates or 

angles to he 3/4 diameter f screws securing 3/4" thick plates or a 
angles together or to other plates or angles to be 7/8" diameter, 
screws securing 1" plates or angles together to be 1" diameter, 
screws securing 1" plates or angles to thicker plates o>r angles 
to be 1 x/8 H diameter* 




_PAINTING AND FINISHING.- 


VAULTS. 

All of the steel and iron v/ork of these vaults except that to 
be polished or electro plated is to be painted as follows. kf.^r 
being finished and before leaving the shop all steely and iron work 
shall be thoroughly cleaned of scales and rust and given one g) od coa* 
lead and linseed oil paint" name as specified for structural steel, 
Parts such as joints between plates,&c. , and parts adjoining wa-^ls 
in place , inaccessible after assembling or erection shall be given 
one additional coat of paint immediately before :assemDling in 
shop cr erecting at building. After erection the entire interior 
and accessible exterior of walls,floor and ceiling of all vaults 
including partitions to be given two coats of paint. 


The finish coats on interior of all vaults to be of a light 
pearl gray color on walls, ceiling,partitions and gates and dark 
drab on floors. Gates to have numbers painted in fclack as required 
by the Superintendent. 


DOORS AND VES TTBULES. 

The entire outside surface of outer doors to all vaults,that 
part of the exterior surface of the vestibule projecting beyond 
the plaster line of surrounding walls, the entire interior 
surface of the vestibule except bridge •- plates including 
the face towards vestibule of inner doors,except hinges ..pressure 
bar systems and brackets therefor on outer doors to be finished 
on smooth ground coat thoroughly rubbed down to a flat smooth 
surface in aluminum bronze neatly decorated,principal feature 
of which will tfee the U.S.Coat of Angs with striping of gold leaf 
and oil colors. All parts so finished to have two good coats of 
Demar transparent varnish smoothly flowed on after receiving 
decoration. Name of manufacturers may be placed in an approved 
manner on the inside of main doors only. 


These decorations shall not be executed untia design full 
size (with, colors indicated thereon) shall have been submitted to 
and approved by the Supervising Architect. A copy of the Coat of 
Arms portion of the design will bo furnished in colors by the 
Supervising Architect upon application of contractor. 

Bridge plates and steel flaps in vestibules to be painted, 
finish coat dark drab to match vault floors- 


COPPER PLATED. 

The following named parts of all entrances to vaults to oe 
heavily electroplated exidized dark color. 

Bolt frames and cap nuts and heads of tap belts lor same, c o-rei s 
of gears or cam 3 in bolt work and glass foor frame. 

POLISHED AND LACQUERED STEEL. 

The following named parts of entrance doors to all vau-^us 
be highly polished and lacquered. 
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Hinges and hinge brackets of outer doors,day gates (except 
tee handle and ornamental work) jamb shields and the edges of all 
doers including margin or inner plate next to bolt frame,tongues 
of all doors and jambs to all vaults. 

ETCHED. 


'f-he following named parts of 
etoliea with acic7. .in heat patterns 
enamel. Aront edge (or face) of ’ 
entire exposed or outside surface 
doors, covers of driving bar cams 
of bolt frames. 


entrances to all vaults tc be 
•j and sinkiHge filled with black 
entire frame of day gates. 

of glass door frames to outer 
in bolt vrork and fronts and side 


s 


NICKEL PLATE. 


The following named parts to be triple nickel plated 5 burnished 
bright,all that on iron or steel to be done on a heavy copper 
plate ground. 

Handle (including rose) to all gates and inner doors to vaults; 
lock dialsj throw bolts and bolt driving bars on all doors,tips 
for all hinges,cap nuts for hinge and pressure bar brackets on 
inner doers. 


Outer door hinge tips,pressure bar system.including shafts, 
gears and gear covers and cap nuts for same,all brackets for pres¬ 
sure bar systems and cap nuts for same and that part of hand w] 
to pressure bar system and lever handles not covered with Vulcan: d, 

JIGGERED WORK. 

The following named parts on all doors to be f inished. j iggered. 
and lacquared. ' 

Bronze metal cases of all time locks and combination locks. 

The brass finish plates behind bolt work. 

VASELINE PROTECTION. 


All parts specified to be polished and lacquered and elc 
plated to bo thoroughly coated with vaseline to protect same 
manufacture..shipment and erection. 


ctro 

during 


The vaseline to be removed by contractor only after completion 

and acceptance of the work at final inspection. 
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FIREPROOF VAULT ASD CLOSET DOORS- 


The steel linings of fireproof vaults A 3 B~C ? D ; II. ? If and L 
are not in this contract ? "but this contractor is to furnish and set 
doors and vestibules therefor (6 in all) and for closet over vault A. 

These doors and vestibules to be constructed of steel : strictly 

in accordance with drawing K-32, on which the dimensions noted will 
i ?;ovem hut iti&y be slightly modified, to suit the steel linings 
either in place ,or furnished by another contractor. 

Pefore any modification be made 3 however,the approval cf the 
Supervising Architect must be obtained. 

The detail shown on drawing M-32 for securing closet door frame 
to concrete walls is to be followed in lieu of the detail for terra 
cotta walls, since there are no channel frames in place in the 
closet door opening of this building. 

The outer doors of these vaults are to have best quality three 


wheel combination locks with brass cases and works. The doors of 
closet and inner vault doors are to have top and bottom bolts operat¬ 


ed at the tenter with a handle checked by approved key locks,all 

different* Four . keys are -to be furnished for each loch. 

To shop drawings are required for these fireproof vault doors. 
Drawing 101 is furnished to show location of the several vaults on 

1st and mezzanine floors and drawing M-12 to show the construction 

of steel linings not in this contract. These drawings are from 

those included in the general contract for interior finish,etc. 
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_CONCRETE AND CKKEKT WORK- 

i 

V 

For vaults K t F, G and K, contractor must provide a foundation 

of concrete arches,corrugated iron centers and steel beams as £i -'-° ,v - 

on the drawings. Concrete to be composed of one part approver 
Portland cement,two parts sand and four parts clean gravel. 


Contractor must also grade up floor with same quality of 
concrete to level of underside of vestibules. 

After the floor plates of vaults are in place and temporal iiy 
secured to the splice plates and corner angles,each floor plate in 
turn must be taken up,and the entire space underneath including ar dv 
space there may be under splice plates and corner angles must be 
filled flush with cement mortar composed of one part cement and ee 


parts sand. 


All space around vestibules which are built afte 

placejbotton,sides and top must be grouted with 

Janies Knox Taylor, 


r walls are in 
cement. 


Supervising Architect. 



copy 


Proposal for Safety Vaults and work incidental the*-• to, 
in the n. 5. Mint, Denver, Colo. (New Dividing ) 

)) - (( 


To the 

Supervlsing Archi t«ct, 

Tr«as> try Dei’artment, 

Washington, !>. 


0 


* 


Sir:- 

We hereby propose to furnish all labor and material 
required for Safety Vaults and work incidental thereto in the U. S, 
jlint, Denver, Colorado, (Mew Building) in strict accordance with 
Drawings Mob* ufjV *• l,ifi V,, *-.id and teis Specifiontio-'i, *v r ich in— 
cities Basement Storage Fault, Vaults K., F.» 0. *i ’?*, with Btu^na* 
Channels and Concrete Foundations, six Fire-proof Doors and one 
Closet Door, for the sum frf • > - fV-^no n, 

Tine to complete wor.<: not *>.CQ*uiiv: Ufr.onths, 

Diobolu Safe and Locx Co. 

Si gnatnre_ C. Baahrrna. Treasurer _ 

Address_ Canton. Ohio. _ 

Name of Corporation; Diettolri Safa and Lock Co. 

Name of President, 

VL w. Clark. 


Mama of Secretary* 

F- C. Barrens. 

Under what Law is Corporation organized? Under t^e Laws of the 

State of Ohio . 

,T» K. Taylor, 11/12, 1902. 
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TiHB.COPY Forwarding tnciosure 9834 JCP FAC ^ JAW (PTD FT.A FAB 

Treasury Department, 

Office of the secretary, 

Y/ashington, December 1, 1902. 

The Blebold Safe and Took Company, 

Canton, Ohio. 

Gentlemen: 


Tn accordance with the approval of this Department, your propo¬ 
sal, without date, addressed to the Supervising Architect, the low¬ 
est received under advertisement dated September 27, 1902, opened 
November 12, 1902, is hereby accepted to furnish ail the labor and 
materials required for safety vaults, and work incidental thereto, 
in the new T \ S.Wint building at Denver, Colorado, in strict accord¬ 
ance with drawings numbered 98V, 138V and M-32, and the specified- 

^?%te%oZTor' r 27 ’ 1902 ’ fcr the “ of • lxty - 1 * 

One set of the drawings and specification is forwarded herewith. 
~ is understood and agreed that you are required to execute a 

°° nd lnthe 9un ’ of thirty-three thousand dol¬ 
lars 000.00),guaranteeing the faithful performance of the work 

embraced in this acceptance, a form for which is inclosed herewith. 
:' ,ls C ° E tract, with oond, must be executed in strict accordance 

be returned*to 8t . t !‘ e h8 “ d ° f said tom > and ■exxatxaRasdxiBi 

1 „ to ‘he Supervising Architect of this Department at onceT 

'■unervi-in*’*"trrM t IlS t- r ‘“ 5uire<s t0 sl 6 n . near the signature of the 

ed hlr«w<?h the 8ta " !p8d 894 of the said drawings, forward- 

e herewith, under separate cover, and the to return the same im¬ 
mediately, for file inthat Office as the contract drawings mentioned 
on the second page of that instrument. ~ mentioned 

..... J l 19 understood and agreed that the entire work embraced in 

the date of 3 th! « S t0 C °“ pleted Bithin eighteen flei months from 
ti.e aate of the approval of your bond by the Secretary of the Trcoc. 
ury, of which you .ill be duly advised. y of the Treas- 

v«mne; h vn C8 fonv ie * C ? ee *' sul>R ’ i4ted y°u, with your letter of No- 
verr.oer 20, 1902, in the sum of £l 320 nn Ln ri °" 

approval of ycu^ bond. 51,580.00, will be retained until the 

Payments on account of the work will t« „ 

the terms of your contract, from the aoDroiiHati * #* S required by 
Denver, Colorado. " 1 * a ^l° n ior Mint building 

0.T„SPATJTDT?O, 

Assistant Secretary. 
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TREASURY DEPARTMENT, 
D^riTK OK TIIE SUPBRVISIKO ARCHITECT 
Form 13-1 A.-K«l !) 18 I9U2 7,UU0. 


2SH INS 1 RUCTIONS TO BE FOLLOWED IN EXECUTING THE FOLLOWING INSTRUMENTS. 


I Hmd. 


1. The CHRISTIAN NAMES (ono or moro) m „ Ht ]tQ ^. 


written in full in tho body of tho 


L When tho contracting party is n PAUTNFRciurn 

beaigH4*d with tho FIRM NAME, without soul an i mU 4;onoern ’ tho CONTR. 
by EACH member of tho tirm. When the on ’ , * if® HOND m « 8t be siguod 


concern, tho CONTRACT must 
*>y EACH member of tho firm. Wiien the conii. 1* BOND must lm siguod and sculod 
tract and bond must l>o signed in the CxSSorSSS ^ l ty is 11 OORIHJRATION, tho 
°flicor of tho corporation; thoro must bo attachSr* NAME by tho duly authorized 
evidence that the officer executing the contract , J , f° Iltract duly authenticated 
that ho has been duly elected to such office, and tho T ». I* *. a8 aut kority do ®°» un d 

tbo contract and bond. In tho event that the corL, *** mu8t 1,0 to 1)otb 

lx- shown ; and in »nch case a seal of wax or»! , , ' OTI,orato 80,11 • the ®“* 

«*« time Loin* as tho seal of the corporation. should be adopted and used for 

2. Tho bond must l>o dated: and the bond must l™ 

tho contract. 83 of t “° same (or subsoquent) date os 

3. Rich signature must be made in the presence of ♦«, 

names as witnesses. " r tWo Persons, who must sign their 

i. There must not bo leas than two individual aurotioa - w 
qualified under tho Act of Congress of August 13 iwu * but one corporate surety, duly 

5. Seals of wax or wafer must be attached to’ th ’ aow,,tod 118 8ole 8ur oty. 

cipal and sureties. No seals are required to aiirnntni.* Hlgllatur< * 8 on the bond of the prin- 
0. A married woman will not be amq.to.1 surety 0 " e °” tr,lCt ' ° X<tfpt ''° r, '° rat< ’ 8ml8 - 

7. Tho sureties must justify in amounts the aggromita 
least twice tho penalty of tho bond. *srogate of whieh will ho equal to at 


This rule applies to corporate as well as individual sureties; and corporate sureties 
will also bo required to attach to a copy of the la,, , tatemmt of their assets 

and liabilities, as rendered pursuant to section 4 of the Act of Congress of August 13, ISM. 

8. Each surety must make and sign an affidavit of the arnom.t 
above all debts and liabilities, and such exemptions os may bo allowed l t li 

9. Sureties, other than corporate sureties, must state inirU.v __* 

responsible os sureties on any other bond ; or, if so liable, tho amount, of an h liahllifcv 

10. The affidavits of sureties must be taken and sutooribod lx-fore an officer 
authorized to administer oaths generally, who must certify that he administered tho 
oaths. If the affidavits are taken before a (dork of a court of record, a United States 
commissioner, or a notary public, whose official seal is thereto affixed, or Ijefore a iu hro 
of a United States court, authority to administer tho oaths need not be shown • but if 
taken before any other officer, or if tho official seal of the clerk, United States commis¬ 
sioner, or notary, is not affixed, the authority to administer the oaths and tho official 
character of the officer must be duly certified. 

11. A judge or clerk of a court of record, a United States attornoy, or a United 
States commissioner, must certify that tho surotios are sufficient to pay the penalty 
of tho lxmd; and, except in the case of a judge of the United States courts or a 
United States attorney, if the person certifying has no seal, his official character must 
lx* duly certified. The foregoing does not apply to corporate sureties who have complied 1 
with rule 7 hereof. 

12. Tho residence of principal and sureties must be distinctly stated. 

13. All erasures and interlineations in contract or bond must bo noted above the 1 
signatures of the witnesses as having been made before tho execution thereof. 


CONTRACT 


BETWEEN THE 


UNITED STATES OF AMERICA 


AND 


5 - 

6 

7 

8 
9 

10 

11 

12 

13 

14 

15 
lf> 

17 

18 

19 

20 
21 
22 
23 


the Diebold Safe & Lock Co.,. 


ana materla^ro^nm^Kfie^^viu^ ““ rdinK proposals were asked for furnishing all of the labor 


SUKhercas, The proposal of the Diebold Safe & Look Co. 


furnished in response thereto, was duly accepted, as hereinafter staled, on condition that 
with the terms of said bid. _ 


it 


execute a contract in aecovniU»ee 


IJoiU, therefore, this agreement, made and entered into by and between L .1. .SHA'iY 
Secretary of the Treasury, for and in behalf of the United States of America, of the first part., and 


the Diebold Safe & Lock Co., a corporation organized under the laws of the State of 
Ohio and having executive offices at Canton, Ohio, _ 


of the second part. 


til. That the party of the second part for the consideration hereinafter mentioned, covenants and agrees to aud 
with the party of tho first part to furnish all of the labor and materials and do and perform all the work required for th© Vaults* 

vault doors, and workxiiiKi*ctxrt incidental thereto, in the Hew Mint at Denver, Colo., 



;ii 



















2 


\ iu strict and full accordance with the requirements of drawings numUred 98V, 138V, and 11-32; 



2 

3 

• • Ui 1 I ' W IKHB ; f & . H 

4 ' 

5 and such other detail drawings as may be furnished to the party of the second part by the Supervising Architect of the United States 

0 Treasury Department; the advertisement for proposals, dated CeptonbcT 27 1902 5 specification for the work ; 

_ 1902, addressed to the said Supervising Architect by the said party of the 

1902._ , addressed to the said party of the second part by 

_Assistant Secretary of the Treasury, accepting said propositi ; 


7 the proposal dated. 


8 second part; and letter dated DaC amber 

9 O.L. SPAULDING._ 



1 1 drawings, bearing the signature of the said Supervising Architect and the signature of the said party of the second part, are on file in 

18 the Office of the Supervising Architect of the United States Treasury Department, and are hereby made part of this contract. 

i'* And the said party of the second part further covenants and agrees that the work herein agreed to be performed shall be 

20 commenced promptly upon receipt of notice of the approval of the bond hereto attached, and that the same shall be carried on in such 

21 order and at such times and seasons, and with such force as shall from time to time be directed or prescribed by the Supervising 

22 Architect or his representative, and that the same shall be completed in all its parts within 

23 _ 


eighteen months 


24 from the date of the approval of said bond hereto attached ; that all materials used shall be of the very best quality of their respective 

25 kinds; that all the work performed shall be executed iu the most skillful and workmanlike manner, and that both the materials 
2(> used and the work performed shall be in every respect to the entire and complete satisfaction of the Supervising Architect. 

27 And the said party of the second part expressly covenants and agrees that the bond hereto attached shall be security, also, for tlio 



45 the contract on the part of the party of the second part-, and in the event that the said party of the second part shall fail iu the due 

46 performance of the entire work to be performed under this contract, by and at the time herein mentioned or referred to, the said party 

tbe second part shall pay unto the party of the first part, as and for liquidated damages, and not as a penalty, the sum of 

*18 

] lvq -- dollars, for each ami every day the said party of the secoud part shall be in default, which said 

* 1 SUm °iwenty m f lvo~ _ dollars per day, in view of the difficulty of estimating such <lnm«ges with exactness, is 

f)0 hereby expressly fixed, estimated, computed, determined, and agreed upou as the damage 0 ' v,,io11 will be suffered by the P&ity ot the 


















3 


1 first part by reason of such defiiult, and it is understood and agreed by the parties to this contract, that the liquidated damages 
~ hereinbefore mentioned are iu lion of the actual damages arising from such breach of this contract; which said sum the said parly of the 
° first part shall have the right to deduct from any moneys in its hands otherwise due, or to become due, to the said party of the second 

4 part, or to sue tor and recover compensation or damages for the nonperformance of this contract at the time or times herein stipulated 

5 or provided for. 

The party of the seeond part further covenants and agrees to hold and save the United States, its officers, agents, servants, and 
? employees, harmless from and against all and every demand, or demands, of any nature or kind, for, oi on account of, the use ol any 
8 patented invention, article, or appliance, included in the materials hereby agreed to be furnished under this contract 
” It is further covenanted and agreed by and between the parties hereto that the said party of the second part will, without expense 

10 to the United States, comply with all the municipal building ordinances and regulations, in so tai as the same are binding upon the 
It United States, and obtain all required licenses and permits, and be responsible for all damages to person oi property which may occur 

12 in connection with the prosecution of the work ; that all work called for by the drawings and specifications, though every item be not 

13 particularly shown on the first or mentioned in the second, shall be executed and performed as though such work were particularly 

14 shown and mentioned in each, respectively, unless otherwise specifically provided; that all materials and work furnished shall be 

15 subject to the approval of the said Supervising Architect; and that said party of the second part shall be responsible for the proper care 
lt> and protection of all materials delivered and work performed by said party of the second part until the completion and final acceptance 


17 of same. 

18 It is further covenanted and agreed by and between the parties hereto that the said party of the second part will make anj T 

19 omissions from, additions to, or changes in, the work or materials herein provided for whenever required by said party of the first 

20 part; the valuation of such work and materials to be determined on the basis of the contract unit of value of material and work 

21 referred to; or, in the absence of such unit of value, on prevailing market rates; which market rates, in case of dispute, are to be 

22 determined by the said Supervising Architect, whose decision with reference thereto shall be binding upon both parties; and that no 


23 claim for damages, on account of such changes or for anticipated profits, shall be made or allowed. 

24 It is further covenanted and agreed that no claim for compensation for any extra materials or work is to be made or allowed, 

25 unless the same be specifically agreed upon in writing or directed in writing by the party of the first part; and that no addition to, 

26 omission from, or changes iu the work or materials herein specifically provided for shall make void or affect the other provisions or 

27 covenants of this contract, but the difference in the cost thereby occasioned, as the case may be, shall be added to or deducted from the 

28 amount of the contract; and, in the absence of an express agreement or provision to the contrary, no addition to, or omission from, or 

29 changes in the work or materials herein specifically provided for shall be construed to extend the time fixed herein for the final 

30 completion of the work. 

32 It is further covenanted and agreed by an cl between the parties hereto that all materials ftu’nteh«d aud work done under this 

32 contract shall be subject to the inspection of the Supervising Architect, the superintendent of the building, aud of other inspectors 

33 appointed by the said party of the first part, with the right to reject any and all work or material not in accordance with this contract; 

34 and the decision of said Supervising Architect as to quality and quantity shall be final. And it is further covenanted and agreed by 

35 and between the parties hereto that said party of the second part will without expense to the United States, within a reasonable time 

36 to be specified by the Supervising Architect, remedy or remove any defective or unsatisfactory material or work; and that, in the 

37 event of the failure of the party of the second part immediately to proceed and faithfully continue so to do, said party of the first part 

38 may have the same done and charge the cost thereof to the account of said party of the second part. 

39 Jt is further covenanted and agreed by and between the parties hereto that until final inspection aud acceptance of, and payment 

40 for, all of the material aud work herein provided for, no prior inspection, payment, or act is to be construed as a waiver of the right of 

41 the party of the first part to reject any defective work or material or to require the fulfillment of any ot the terms of the contract. 

42 It is further covenanted and agreed that the party of the first part shall have the right to require that any particular portion of 

43 the work herein provided for shall be completed within such time as may be hereafter definitely specified by the said party of the first 
41 part in written notice to the said party of the second part; and that should the said party of the second part fail to complete such 

45 particular portion of the work within the time so specified, or fail to complete the entire work contemplated by this contract within the 

46 time or times herein stipulated or provided for; or fail to prosecute said work with such diligence as in the judgment of the party of 

47 the first part will insure the completion of the said work within the time hereinbefore provided, the said party ol the first part may 

48 withhold all payments for work in place until final completion and acceptance of same, and is authorized and empowered, after eight 

49 days’ due notice thereof in writing, served personally upon or left at the shop, office, or usual place of abode, or with the agent, 

50 of the said party of the second part, and the said party of the second part having failed to hike such action within the said eight days 

51 as will, in the judgment of the said party of the first part, remedy the default for which said notice i\as given, to take possession of the 

Tf'Z' s<xiu work wr moniiinQt'y iiiul tools employed thereon and all mateiials belonging to the said party ol the 

53 second part delivered on the site, and, at the expense of said party of the second part, to complete or have completed the said work, and 


54 to supply or have supplied the labor, materials, and tools, of whatever character necessary to be purchased or supplied by reason of the 

55 default of the said party of the secoud part; in which event the said party of the second part shall be further liable for any damage 

56 incurred through such default and any and all other breaches of this contract. 

It is further covenanted and agreed that the said party of the first part shall have the right of suspending the whole or any part 

58 ot the work herein contracted to be done, whenever, in the opinion of the Supervising Architect, it may be necessary for the purposes 

59 or advantage of the work, aud upon such occasion or occasions the said party of the second part shall, without expense to the United 

00 States, properly cover over, secure, and protect such of the work as may be liable to sustain injury from the weather, or others**'> 

Cl provided that for all such suspensions and other delays caused by the said party of the first part the party of the a** * ult * K ‘ 

i completion of the contract 

62 allowed one day additional to the time herein stated, for each and every day oi such delay so caused 


4 


1 the same to l)o ascertainod i ,, 0 

»y tlie Supervising Architect; provided, that uo claim shall be made or allowed to the said party of the 

*/ OA/lnrt /I m n _ 



the completion of the entire work, and the approval and acceptance of the same by the party of the first part, which amount shall be 

22 f °' ^ hy 8akl Party ° f tbe SeCOn<1 1>art ' in fhe event of the nonfulfillment of this contract; it being expressly covenanted and agreed 

23 tlmt Sai<1 f0rfeih,r ° 8b * U " 0t ,elieVe the ^ of the Part from liability to the party of the first part for any and all damages 

2 ‘ 8U8Uined by ,CaS0 " ° f a, ‘ y breach ° f tbis provided, however, that no payment hereunder shall be due to the said party of tbe 

25 second part until every part of the work to the point of advancement reaehed-on ™„t of wi..eH is dlliolwl _ 8haU ^ fouu(1 

20 to be satisfactorily Supplied and executed in every particular and any and all defects therein remedied to the entire satisfaction of the 
27 said party of tlie first part. 

It is an express condition of this contract that no Member of Congress, or other person whose name is not at this time disclosed, 

2 !, shall be admitted to any share in this contract, or to any benefit to arise therefrom; and it is further covenanted and agreed that this 
:U) contract shall not he assigned. 

witness Ullievcof, The parties hereto have hereunto subscribed their names this 

32 

_^lst Day of December A.D. 1902, 



IVe lurch,, certify that thin contract and bond have been correctly prepared 
and comjxirrd: 


Jf 7), ft# Qrrnrd.i Division. 


L.II. SHAW 


C iX JKT S 


Secretary „ f , hr Treasury. 


Witnesses fo the signature of the Contractor: j 

. John 1;.Cole,.( Diabold 3afa and “S&S*- 0 ** 

9 \ Contra<>' ; h« Te . J 

F.C. Baehrens. Secy & surer -——> 

Geo* Meeka .-./ 

NOTE.—Read rules carefully before 


















BOlsTD. 


i 3£mnu all men by these presents, That we, the Diebold Cafe & -ock Co., a cor-.joro.tio 
. organised under the laws of the State of Ohio ancl having native of. icos in 


r > j*ji the City of 
U State of 


Canton 

Ohio 


, and 


, County of---- ~ 

principal , and The United States Fidelity and Guaranty 


7 . . , tmrinv the Laws of the State of Maryland 

? Corpany a Corporation creetea and existing unaor uie ^ _ _ 


8 


—r-floi mty o f- 
- t an d- 


9 of the City of _ 

0 Stated_ 

. 1 of fhe City of 
L2 Stateof 

3 the sum of Thirty-three thousand dollars ($33,000.) 


, and 


, County o f- 


, and 


, Biirejc 


, are held and firmly bound unto the United States of America in 

_____ lawful 


■l money of the United States, for the payment of which, well and truly to be made to the United States, wo bind oursehes, oni 
5 executors, administrators, successors, and assigns, jointly and severally, firmly by these presents. 
l<; Sealed with our seals aiul dated this 10 th day of lac ember o.l. I90i. 


is 


3,'hc condition of the about obligation is swell, That, whereas the said the hi ©bold Safe & Lock Co. ha 3 

entered into a certain contract, hereto attached, with 


19 L.M.SHAW 


____ Secretary of the Treasury, acting for and in behalf of the United States, 

» imoringdmeUic 1st da) of Doccntor A.D. 1302- , if th.ma EloU .ia Osfo 4 Lock 

ti *.11 well nod trnly fullill nil 0.. covenant, ami condition, of contract, a,»l «h.ll perform all 11,« oodertaking, therein aipalatol by 
M it lo be performed, aa.l aball wall and truly comply witl. and fair.il the condition, of, and perform all of »" k »■“' *" 

24 tt. labor aad ..atonal, qM by, any all rbaagea I... or addition, *, or on. Won, from, »id coat,*, .bid. may Ucmadcr be made. 

. performed In nny ami all sucli elianges in, or additions 

25 ami shall perform all the undertakings stipulated l>y 11 

; tlIerM , notice .bereof to Cm „.d «»r«y >*„g ^ P “““ 

, . t wm, „ r material, in ,1„ ptoseentioa of the mark con,on,pl.led by »id coa.mct then thU obligation to be void, 

^8 to remain iu full force and virtue. - 


gn testimony wheueof, The said the Diebold Safe & Lock Co.,- 


, principal , and ^ United States Fidelity 


12 and Guaranty Cor.pany------— 

;3 and 

;4 have hereunto subscribed their hands and affixed their seals the day first above written. 

;5 Signed, sealed , and delivered in presence of— 


, suret 


John I .Colo 
Geo. ’/.Weeks 


Diebold Safe and Lock Go. S AL 

F.C.Ba-jhrens ZZAL 

Treasurer. 


W 

- 


| Chas H.Lomkul 
4 11 o• Md• 

• 

XI 

o 

* A.C.Suppleo 

Bel to.Lid. 

!; 

I Chas H.Lemkul 
\ Balto.Md. 

H A.C.Supplse 

□alto.I'd. 


Tlia United Statas ifidolity & Guaranty Con^any 

SEAL. ^ 


Edw.J.PennIran. SL.L 

2nd Vice President. 

H.V.D.Johns 2nd Asst. Secretary. 3:LlL 


o 

£ 

»*• 

o 

2 


Authority to execute, etc., attached to original. 

_„i-e executing:* 

NOTE.—Head rules ca.rv f "’ 
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treasury department 

Oirrii'K OK TIIK Hi PKItVlHJNO AlM IIITKCT 
t'orm 134 .—K<| y ih 1<JU2 7,000. 


I 


SSH 


INSTRL U) lib MILLOWED IN EXECUTING THE FOLLOWING INSTRUMENTS. 


bon!l Th ° < HRI8TIAN NAMES (ono or more) must bo written in full tu tho body of the 

^ss^sst' r ,— 

L f l of «*° «™«. When the eoutruVtine , , !“ U8t 1,0 ‘ ,i * uud “»<» sealed 

iXoToVT ' “ lU8t lw 8ign,Hl 1,1 <>'<' WRPORATB NAMP COUPOR ATION, tho 
f ‘ ho cor P°nition; there must be attached to by th ° duly ““thorlzed 

evidence that the officer executing tho contTwH^J^ T" d °' y ouU *®““«“®d 
t at he has been duly olorted to such office, and the TmT “ Utborlty do so, and 
the contract and bond. In the event that the Z2T? 8 “ ,U must '"»*«> to lx>tb 
should lx. Shown ; an.1 in such case a seal of wax or wlf!r »t T,‘ cor P <> ««® seal, the fact 
the tune lxMiig as the seal of the corporation. 8U<mld lx> and used for 

tho contract. 1 11,110,1 ’ “ nd th ° bond mU8t 1,0 of ‘be samo (or subsequent) dnto ns 

names as witnesses. n ” 8t lK mad ° th ° prea ® nc0 of two persons, who must sign thoir 


qualified under the Act „t ‘l!, 'l°‘ ^ d<l ‘ d k>8: l,llt " lll ‘ e»flK>rate surety, duly 

5. Souls of wax or wafor TmiwTfio Vfc Vho cm nmm «h umpnii- 

olpnl and sureties. No seals are required to signatures on contract, ex< jopl corporate seals. 
0. A married woman will not bo accepted ns surety. 

7. The sureties must justify in amounts the aggregate of which will bo equal to at 
least twice the penalty of the bond. 


- 4 . 


T his rule applies to corporate ns well as individual sureties; and corporate sureties 

andlbHim r0 ' ,u,, ' , ' d 1 to 8ttoch U> b o ,,<1 a <‘°l>y of tho W .tatement of their asaots 
and liabilities, as rendered pursuant to section 4 of the Act of Congress of August la law 

a. Each surety must make and sign an affidavit of the amount he is worth over and 
above all debts and liabilities, and such exemptions as may bo allowed by law. 

U. Suroties, other than corporate sureties, must state under oath that 

r08 “ “““ “ y bond ; or. if so liable, the^out o/fuch llU^ 

10. Tho affidavits of sureties must be taken and subscriNwi 

'faths ri If^tho affiTj-r "“T K0 . Ue . rallj '’ wUo mU8t wrtif y that he administered the 
. If tho affidavits are taken before a clerk of a court of record a United Statee 

DOt “ ry ‘TT WhMe 8 "“> i8 thereto affixed, or 

“ f . U “‘ ted States court, authority to administer tho oaths inxsl not be shown • but if 

stei^r IT r 1 h0r l,ffl< '° r ’ ° r if Ul ° °< «*« clerk, United States c'ommis 

character D f°n ry, f« 8 nQt affixod ‘ tho auUlorj ty to administer the oaths and tho official 
charac ter of the officer must be duly certified. 

mJi li Ud f°,° r clork of ° coort of r6cor d, a United States attorney, or a Un. 

with rulo 7 hereof. 

12. The roBidenco of principal and suroties must be distinctly stated. 

18. All erasures and interlineations in contract or lx>nd must be noted al>ovo the 
signatures of tho witnesses as having boon made before the execution thereof. 


CONTRACT 


BETWEEN TITE 


UNITED STATES OF AMERICA 


AND 


the D iebold Safe & Lock Co., 


( 00lll CVCHS, By advertisement, duty made and published according to law, proposals were asked for furnishing all of the labor 
and materials for the work herein provided for ; and 


8 ( x$&L1%CV£Vi8 f The proposal of the Diebold Safe & Lock Co* # 


10 

11 

12 
13 


t dulY accepted, as hereinafter stated, on condition that 

furnished in response thereto, ^as ouiy i 

with the terms of said bid. - 

lUnu , therefore, this agreement, made and entered into by and between L .11. SHAW, 
Secretary of the Treasury, for and in behalf of the United States of America, of the first part, and 


it execute a contract, iu accordance 


17 

18 


the Diebold Safe & Lock Co., a corporation organized under the laws of the State of 

Ohio and having executive offices at Canton, Ohio, --- 

of the second part, 

TKIUtnCSSeth: That the party of the second part for the consideration hereinafter mentioned, covenants and agrees to and 
with the party of the first part to furnish all of the labor and materials and do and perforin all the woik leqnired for the vuui t s, 




















2 



18 tlie Office of the Supervising Architect of the United States Treasury Department, and are hereby made part of this contract. 

Iff And the said j>arty of the second part further covenants and agrees that the work herein agreed to be performed shall be 

20 commenced promptly upon receipt of notice of the approval of the bond hereto attached, and that the same shall be carried on in such 

21 order and at such times and seasons, and with such force as shall from time to time be directed or prescribed by the Supervising 

22 Architect or his representative, and that the same shall be completed in all its parts within eight 8611 months 

23 ___ __ 


24 from the date of the approval of said bond hereto attached ; that all materials used shall be of the very best quality of their respective 

25 kinds; that all the work performed shall be executed in the mast skillful and workmanlike manner, and that both the materials 

26 used and the work 1 ^ complete aatisfaction of the Supervising Architect. 

‘>7 \nd the said party of the second part expressly covenants and agrees that the bond hereto attache* «w\ «.\eo, tot om> 



48 twenty-five- 

49 sum o('twenty-f ive 


dollars, for each and every day the said party of the second part shall be in default, which said 
_ dollars per day, in view of the difficulty of estimating such damages with exactness, is 


<7 rvLiiii ^ i a v V *** JL A Y v . _ 

M died, M de„r»i„.d, ood upon 00 ft. * ** 
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first part by reason of such default and if iu 4 , 

,y “* p * rti “ * «* *"» Atom*. 

fin* part .bull have toa right to deduct f mu v ' *“ '““" S '" U '’™* “ ,n ‘ r “‘ > * Uc, ‘ “ iJ «» *« P~«r of the 

part, or to sue for and recover compm.sati , ,lue > °t«" bceo,ue doe, to the said pa.iy of the second 

or provided for. 01 ' W '° r “^Performance of this contract at the time or times herein stipulated 

dtrr zz n i.~r t i ° “*- we u,e u " m ^ -—* *-*- 

patented invention, article, or a. ??, . ' * “*” 0r « for ’ or «“»"■* * «» 

It la farther covenanted and a -, real by tt !d ,a T ^ “ '* ***** “* r “> 

to the Doited States, comply will, «M ,he • T“ ' “*” “ id 1,i,rty » f ti,e s “™> 1“ will, without expense 

Doited States.. «„a It, ZZ £ITT upon the 

in conaectfoa with the prosecatioa of n r "" te ’ '“' d to 1 ' c * 1H ""“ bl « r ° 1 ' •>> ^“a*" t» poison or property which n.ay ooour 

oortieulavlv show. L Z^.T. ' t "“' *-**- —+ every item he not 

shown and mentioned in each, respe^tfn^, ff - !>rovinm* 


use of any 


subject to the approval of the said Supervising Architect; and that said party of the second part shall be responsible for the propci caie 
and protection of all materials delivered and work performed by said party of the second part until the completion and final acceptance 

of same. ... . 

It is further covenanted and agreed by and between the parties hereto that the said paity of the secon pai wi ma e any 

omissions from, additions to, or changes in, the work or materials herein provided for whenever requned by said party of the first 
part • the valuation of such work and materials to be determined on the basis of the contract unit of \<ilue of mateiial and 
referred to; or, in the absence of such unit of value, on prevailing market rates; which market rates, in case of dispute, are to be 
determined by the said Supervising Architect, whose decision with reference thereto shall be binding upon both parties; and that no 
claim for damages, on aecouut of such changes or for anticipated profits, shall be made or allowed. 

It is further covenanted and agreed that no claim for compensation for any extra materials or work is to be made or allowed, 
unless the same be specifically agreed upon in writing or directed in writing by the party of the first part; and that no addition to, 
omission from, or changes in the work or materials herein specifically provided for shall make void or affect the other provisions or 
covenants of this contract, but the difference in the cost thereby occasioned, as the case may be, shall be added to or deducted irom the 
amount of the contract; and, in the absence of an express agreement or provision to the contrary, no addition to, or omission from, or 
changes in the work or materials herein specifically provided for shall be construed to extend the time fixed herein for the final 

completion of the work. 

It is further covenanted and agreed by and between the parties hereto that all materials furnished and work done under this 

contract shall be subject to the inspection of the Supervising Architect, the superintendent of the building, and of other inspectors 
cl } the said party of the wifh the rigut to reject any ana »n work or material not in accordance with this contract; 

appoiute y «,ntervising Architect as to quality and quantity shall be final. A.nd it is furtw \, y 

and the decision of sa . (1 fc will wit hout expense to the United States, within a reason^ tw 

- rrc:: ~ «—«——*—- «* > - r»: **, 

u> "• dlttoe party - — **t to Ptoo^i MthMty continue so to fc frit - *• *»* 

, '" 1 .lone and diaigo the costthercof to the account of said party of the Beconil liart. 

have tie J „ y „„ toee „ , he pBties t e«to that aatit had inspection and acceptance of, and pay,,.™ 

Tt 1B lar ,e t ' ( ' v i\ and work herein provided for, no prior inspection, payment, or act is to be construed as a waiver of the rig it o 

for, all of the materia • faifiilmeut of any of the terms of the contract. 

, i f tii4> first Dart to reject any defective work or material or to lequue the mini line y 

the party of the hist p* j require that any particular portion ol 

r. • r covenanted and agreed that the party of the first part shall have the ngutiu i 1 a f 

It is furthei cove , definitely specified by the said party of the first 

vi provided for shall be completed within such time as may be heieaft n 3 

the work herein pro\ , , v n „ 1)ar t,v of tlie second part fail to complete such 

yavt in ..iiten notice to to.said party ci toe setond part; and tout “ “ ^ , ‘ ^ ^ w ,,. hi „ 

particidci portion of toe worit w.toin toe time so spcciiicd, or in,, to J t„e nd s n,c,„ of to. party of 

Le or limes herein stipulatod or provide, tor, or lai, to ^ed, toe toid party of toe «». part may 

toe list part will insure the completion ol too said work w. .... i ^ ^ |s , uth o r ised and empowered, alter eight 

withhold all payments for wort in place until final comp c ^ ^ offl ee, or osual place of almdo, or with the agent, 

days’ due notice thereof in writing, served pemoua y upon 0. . ■ fajled to hlk e 8U ch action within toe said eight days 

of the Slid party of the second i>art, and the said party o .e seeo» fo| . whirh ll0 tice was given, to take powmssion of toe 

as will, in the judgment ol tm.eaol i-.oiy „* Dm u " 1, ^ ©mpiJ$cd tooteon aSid all maierlnis i.sww to too said pally of toe 

incurred through such default and any °‘ p “ ““ * s „ a „ , mv e to. right of suspending toe whole or any part 

It is further covenant., an _*P ^ in Ul e opinion of the Supervising Architect, it may be ncenmtj for the purpose. 

Of the work herein eontiacle. ^ 0<! cm,ions toe said party of toe second part shall, without expense to toe Untied 

or advantage of too work, . mch of ae work ns may 1« liable to sustain injury from toe weather, er otoerw.se . 

States, properly cover over, secure, a J* delays caused by too said party of the tost part too party of toe second partah.il hr 

pvovided that tor herein stntod,' for each and every day oi such debt, to —4 - «** 

allowed one aciuiuoun 





4 


. u» .0 !»«—»* *U» p „ vldrfi noaaia ^ be made or allowed tott e«Ud W „ ft b e 

It to, ain d,,u,„ ,.s wInch may arise out of auy delay caused by the said party of the first part. 

4 ,, i(] 21: 2 m ty 0f " ,e lif8t Pa, t ’ aCtiUg f0r 8Ud iU '* hM ° f toe Uuited StoteSl C0VenauLs and «*"*» to pay, or cause to be 

5 ’ ju 1>ar, V ° f thC ^ Pa,t ’ ° r t0 the heira ’ execntora ’ administrators, or successor, of the said party of the second 

• m lawful money of the United States, in consideration of 

6 the second part, the sum of 


sixty-si* thousand (66,000.) dollars*- 


the herein-recited covenants and agreements made by the party of 



7 

8 
9 

10 
n 
12 

13 

14 

15 

16 

17 

18 And the party of the first part covenants and agrees that payments will be made in the following manner, viz: ninety per cent, 

19 of the value of the work executed and actually in place, to the satisfaction of the party of the first part, will be paid from time to time 

20 as the work progresses (the said value to be ascertained by the party of the first part), and ten per cent thereof will be retained until 
2L the completion of the eutire work, and the approval and acceptance of the same by the party of the first part, which amount shall be 

22 forfeited by said party of the second part in the event of the nonfulfillment of this contract; it being expressly covenanted and agreed 

23 that said forfeiture shall not relieve the party of the second part from liability to the party of the first part for any and all damages 

24 sustained by reason of any breach of this contract: provided, however, that no payment hereunder shall be due to the said party of the 

25 second part until every part of the work to the point of advancement reached—on account of which payment is claimed—shall be found 

26 to be s atisfactorily su pplied and executed in every particular aud a^ a^dall ei re mecliea to the entire satisfaction of the 

27 said party of the first part- 

It is an express condition of this contract that no Member of Congress, or other person whose name is not, at this Um« -wwa, 

n „> *«. in «. « .. ‘ *» »"*» “»«£>"! 1 1 1 * "' Mm ' th “ 

30 contract shall not be assigned 

31 


in XUttUCSS UlhCVCOf, The parties hereto have hereunto subscribed their names this 



Wilne*** to the signature of the Oontrador: 

John M«Gole, 
Geo.W*Weeks 


Diebold Safe and Look-Co. SEAL 

........> Place ) 

n^radur. j £3^* \ 

F.C. Baehrens. Secy & Treasurer 


NOTE.—Read rules carefully before executing. 

will < venr: i i 

























1 


bond. 


2 Slump at! men t>n the*. 

, organic „„ der the * l0 ‘* °°- ■ ^oi-ati.n 

i _ “ te of 0hl ° an » having executive offices 


5 // the City of 

6 State of 

7 


Canton 

Ohio 



8 


Corpany a Corporation created 


County of 
> principal 


9 of-the City of- 
10 Stated—_ 

w **£- V X 

12 State of 


and existing "* 

S under the La.s of the State of Maryland 



, su rety 


, are held and firmly bound unto the United States of America in 

13 the sum of Thirty-three thousand dollars ($33,000.) __ lawful 

M money of the United States, for the payment of which, well and truly (o be made to the United States, we bind onrselves, our heirs, 

15 executors, administrators, successors, and assigns, jointly and severally, firmly by these presents.- — ■ - 

Hi Sealed with our seals and dated this 10th day of December A.D. 1902._ 

'i’hc condition of the abouc obligation is such, That whereas the said the Diebold Safe & Lock Co. has 

1 s --- ‘ entered into a certain contract, hereto attached, with 

1!i L .M . SHA'.y ____Secretary of the Treasury, acting for and in behalf of the United States, 

20 bearing date the 1st day of December A.D. 1902 _ : Now, if the saulDiebold Safe & Lock 

21 


Co. 


21 shall well and truly fulfill all the covenants and conditions of said contract, and shall perform all the undertakings therein stipulated by 

23 it to be performed, and shall well and truly comply with and fulfill the conditions of, and perforin all of the work and furnish all 

24 the laboraud mateiials required by, any and all changes in, or additions to, or omissions from, said contract which may hereafter tie made, 

26 and shall perform all the undertakings stipulated by i t to be performed in any and all such changes in, or additions 

2G t-i nitial4n jhh a g nid a*m*Uw w— *-_^-*— - R|| -^ ..... (Ar 

27 it labor or materials in the prosecution of the work contemplated by said contract, then this obligation to be void; otherwise 

28 to remain in full force and virtue. 

29 gtx testimony xutueveof, The said the Diebold Safe & Lock Co* r -- — 

30 ------—-- 

31 _ 


, principal , and ^ u nite d States Fidelity 


32 and Guaranty Company___—— 

33 and______ 

34 have hereunto subscribed their hands and affixed their seals the day first above written 

35 Signed , sealed , and deliverin presence of— 

John HeCole 


, surety 


36 

37 

38 

39 

40 

41 

42 

43 

44 

45 

46 

47 

48 

49 

50 


Diebold Safe and Lock Co# SLAL 


Geo* 7/. V/ealas 


F*C*Baehrens SIuAL 

Treasurer. 


s Chas H.Lemkul 
§ Balto. Mdi 

a 

•§ 

* A.C.Supplee 
! Balto.lid. 

I 

I Cha3 H.Lemkul 

Balto.Md. 

H A.C.Supplee 

Balto.Kd. 


— 

The United States Fidelity & Guaranty Coi^iany 


SEAL. 


Edw.J.Penniran. SEAL 

2nd Vice President. 

H.V.D.Johns 2nd Asst. Secretary. SEAL 


it 

§ 

M 

•4 

* 

o 

s 

W 

CD 


Authority to execute, etc., attached to original. 


NOTE.—Read rules carefully before execut ing. 

(5) 
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